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of five per cent. (5 per cent.) upon the cost thereof shall be charged, and that no extra charge shall be made for mural or ceiling decorations, any custom of Architect(s) to the contrary notwithstanding.
(c) That the fees of consulting architects and engineers above referred to who may be retained and employed by the Commissioner (s) to examine, revise and report upon the said designs, plans, drawings and specifications of the said Architect (s), as hereinbefore provided, shall be paid by the City and not by the said Architect (s).
19. That the party of the first part shall pay to the said Architect (s) for partial service as in'case of the abandonment or suspension of the work, as follows:
(a) For preliminary studies and sketches, con-sisting of drawings, such as ground plan and general elevation and perspective view of exterior, a fee of one per cent, (i per cent.) of the proposed or estimated cost of the work upon the completion and delivery of such preliminary studies, sketches, etc., the amount so paid to be credited on the total commission of five per cent. (5 per cent.) of the actual cost, whether the estimated cost of the building prove greater or less than the actual cost.
(&) For a full set of preliminary drawings, in- ^lor eluding such preliminary studies or sketches, etc., and such additional elevations, plans, sections, general working drawings, specifications and details as are or may be necessary to make a close estimate of the full cost as provided in sections (3) to (n) of this agreement as shall be necessary for advertising and inviting bids or estimates from contractors for the undertaking of the erection, construction and full completion thereof, a fee of two and one-half per cent. (2$ per cent.) of the price or sum at which the contract is awarded, or if the award be delayed for more than sixty days, then of the estimated cost.
(c)    For   all   details,   working-drawings   and  Dctails-models necessary and proper for the working, finishing and decorating of all materials, stuffs, members and parts and for their incorporation and adjustment and for the skillful construction, erection and ultimate completion of the building, structure, works, plant, apparatus, and equipment, a fee of one per cent, (i per cent.) 33